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Message Text 



UNCLASSIFIED 

PAGE 01 GENEVA 04925 171217Z 
44 

ACTION SY-10 

INFO OCT-01 EUR-06 10-03 OIC-04 OC-06 CCO-OO ACDA-08 OCL-OO 

ISO-OO /038 W 

112311 

R 1711 10Z SEP 73 
FM USMISSION GENEVA 
TO SECSTATE WASHDC 1676 
INFO AMEMBASSY BONN 
AMEMBASSY LONDON 

UNCLAS GENEVA 4925 

FOR: OICNSU 
OC/S 
ACDA 

BONN FOR RCO; LONDON FOR ATO 
EO 11652: NA 

TAGS: ASEC APER OTRA SZ (BATTLE) 

SUBJECT: COMSEC PROJECT 

REF: STATE 183542 (PARA TWO B AND C) 

1. FAIL TO UNDERSTAND ANTICIPATED COMPLETION DATE OF 
15 OCT IN LIGHT OF EXTENSIVE ELECTRICAL REQUIREMENTS. 

2. INFORMED THAT ALL ELECTRICAL POWER PANELS ENROUTE. 
MAJORITY OF EXTENSIVE ELECTRICAL WORK SPECIFIED BY 
OC/S CANNOT BE STARTED UNTIL NEAR TOTAL COMPLETION 
OF CONSTRUCTION OF COMSEC WALLS AND GRILLS. 

3. CONSENSUS OF ALL CONCERNED IS THAT A MORE REALISTIC 
COMPLETION DATE IS NOVEMBER 15-20. 

4. SALT CONTRACTING OFFICER, BASED ON ARCHITECT'S WORKING 
SCHEDULE, IS TENTATIVELY PLANNING ON BOOMING THE EQUIP 
MENT INTO COMSEC AREA COMMENCING ON OR ABOUT 29 OCT 73. 
UNCLASSIFIED 

UNCLASSIFIED 
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5. CONCUR WITH FOUR DAYS LEAVE FOR BATTLE, HOWEVER, 

CONSIDERED IMPERATIVE HE RETURN TO GENEVA. 

6. POIC SEABEE TEAM AWARE OF CONTENTS AND CONCURS.BASSIN 
UNCLASSIFIED 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 17 SEP 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973GENEVA04925 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: GENEVA 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t1 9730931 /aaaaawia.tel 

Line Count: 65 
Locator: TEXT ON-LINE 
Office: ACTION SY 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: STATE 183542 (PARA TWO B AND C) 

Review Action: RELEASED, APPROVED 
Review Authority: kellerpr 
Review Comment: n/a 
Review Content Flags: 

Review Date: 06 SEP 2001 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <06-Sep-2001 by reddocgw>; APPROVED <01 -Feb-2002 by kellerpr> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

Secure: OPEN 

Status: NATIVE 

Subject: COMSEC PROJECT 

TAGS: ASEC, APER, OTRA, SZ, (BATTLE) 

To: STATE 
Type: TE 

Markings: Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 




